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BILL NO. S-77-02- Q j 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 
No. TM in connection with the t 

Senior Citizen Center. ' 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 7-M to Pearson, Inc. 
in connection with Project No. 7515, Senior Citizen Center, Ex¬ 
tension of 1/2" Gas Line to Dishwasher in the amount of $215.00, 
as set out in the specifications, is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 




'(j / 


Councilman 




APPROVED ^ TO ¥Qn% 
ANDiiQALITY,__ 










Read the first time in full and on motion by > seconded by 

and duly adopted, read the second time by title and referred 
to the Committee on y _(an:d-“the--Sity--H,an__CQmn^sion for 


recommejudatiefrj--aT^ to be heig'''lfEeF~ang-d:eg‘a4-^<^ ^ at t h^ Council 

i day 


Chamb-ersT-Oify-County Building, Fort Wayne, Indiana, 
of—. 1976, at 


DATE: / • 


o^HocE~P7Mt7EtB-tT . 




) 


CITY CEERK 

Read the third tun® in full and on motion by 

seconded by ^ j _> and duly adopted, placed on its passage. 

PASSED by the following vote: 


TOTAL VOTES 

BURNS 

HINGA 


AYES 

czl' 


NAYS 


ABSTAINED 


ABSENT 


TO-WIT: 


SCHMIDT, D. 
SCHIMDT, V. 
STIER 
TALARICO 


DATE: 


:: 








CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
(ZONING-MA-P-)-4_GENERAL) C ANNEXATIOJN) C SPECIAL) C ^ 
ORDINANCEjf;^fe^.T40N) No the 


-*'';^i^^4TTEST: f SEAL) 


_day of\^ 


CITY CLERX^' , • 


PB^IDING OFJlCEi' 


Presented“sby ^'S-to the Mayor of the City of Fort Wayne, Indiana, on the 
day of CN £y~z---j , 19'^6, at the hour of //. ^^ 4lock ,E.S.T. 






CITY CLERK 


Approved and signed by me this d ay of 


at the hour of 


C> O O o'clock_ 



































































































S-77-02-01 


We, your Committee on 


REPORT OF THE COldMITTEE ON FINANCE _ 

Finance _ to whom was referred an Ordinance 


approving Change Order No. in in connection with the Senior Citizen 

Center 


have had said Ordinance unde r, consid eration and beg leave to report back to the Common 

_PASS. , ■ 


Council that said Ordinance 


WILLIAM T. HINGA - CHAIRMAN 
JAMES S. STIER - VICE CHAIRMAN 


VIVIAN G. SCHMIDT 




PAUL M. BURNS 


FREDRICK HUNTER 



MADE A MATTER OF RECORD 
'^' CHARLES Vv'. VVE5TEr;HAM, CiTY CLERK 
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/ 


CH/iMGE ORDER 


Resolution No. 
Board Order No. 
Date^_ 


To;_ Pearson, Inc. __ 

(Contractor) 


Change Order No. 1 ~V\ _ 

Project No. 751 5 

Name of Projec t Senior Citizen Center 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: j 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

J 


Extension of 1/2" Gas Line to 

Dishwasher 



$ 215.nn 

























Total Decrease 

Total Increase 

Net (MiXM^M) (Increase) Contract Price 




$ 215.00 


$ 215.00 


The sum of $ 215.00 _ is hereby (added to) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 155,351,00 
Current Contract Price Adjusted by Previous Change Order $ 162,344.85 
New Contract Price Including This Change Order $ 1 62,559.85 


The time provided for completion in the contract for this project is (increased) 

by dne , __ calendar days due to this Change Order. The date for completion 

of all work shall be February. 1077 _• Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Engineer) Date /- /9- ~7 7 


Approved by; 


Attested by 



(Contractor) 


(^^y Engineer) 


— (Oimer) 




(Clerk) 














































Change Order Ho. 7-M 


Resolution No.__ 

Board Order No._ 

REQUEST AND JUoTIFICATION FOR CHANGE 

1. Necessity for change; The dishwasher in the Multi-Purpose SErving Room which v^/as 
dona ted by the Fort Wayne Community Schools contains a gas fired type water heater 

whic h regulates the water temperature. This was overlooked in the Request for _ 

Quot ation for the final mechanical connections to the equipment in the Multi-Purpose 

Serv ing Room requested back in October, 1976. ___ 


2. Will proposed change alter slzst of the project? Yes _ N o X 

If yes, explain 


3. Affect on operation and maintenance cost of this project: 
None 






/-/ 9-77 

Engineer 


























January 11, 1977 


Pearson, Inc. 

608 W. Superior . 7 

ForttWayne, Indiana 

Attention: Mr, Tom Roy RE: Request for Quotation, Senior Citizen 

Center - Gas Line Extension 


Dear Mr. Roy: 

As per our phone conversation on January 10, 1977, this is a request for 
a quotation to furnish and install a 1/2" gas line from the existing 
3/4" gas line, within the ceiling of the Multi-Purpose Serving Room, Ex¬ 
tending within the ceiling to the area of the east wall directly behind the 
dishwasher location, down the wall, exposed, and final connection to 
dishwasher. 

Original specifications shall cover materials and workmanship involved. 
Sincerely yours, 

GRINSFELDER-McARDLE ASSOCIATES, lilC. 


Richard W. Wisiner 
RWW/dy 


PROPOSAL 


iHic. 


~n 


MlCHEMICm. €©MTKaCT©ES 


7 


sii£}^Roy--SiTeet--• -For* Woyno,4nd, 46803“ -»"--PWon«--‘742'»S4^ 


( 

REFRIGERATION 
AIR CONDITIONING 
H EAT ING - PLUMBING 
VENTILATING 


Grinsfelder-McArdle Associates, Inc, 

Mr. Richard Wismer 

1-12-7T 

903 W. Berry Street 

Gas to Dishwasher 

Fort Wayne, Indiana H68o4 

JOB LOCATION 

Senior Citizen Center 


We Propose to furnish the Hsaterial and perform the labor necessary to Install a gas line 
to the dishwasher at the subject project in accordance with the request in your letter 
dated Jan. 11, 1977, as set forth below. 


WE PROPOSE - TO FURNISH IN ACCORDANCE WITH THE ABOVE SPECIFICATIONS, FOR THE SUM OF 


Two Hundred Fifteen and Mo/lOO ■ 


215.00 





(J 


30 


ACCEPTANCE OF PROPOSAL-you are authorized 

TO PROCEED WITH THE WORK AS SPECI FI ED. PAYMENT WILL 
BE MADE AS outlined ABOVE. 


SIGNATURE. 

SIGNATURE. 


DATE OF ACCEPTANCE. 


PAGE 


OF _PAGES 































peaKsa, lac, 


MICH AN rCAL ,C’OMTR.ACT© ns / >| 

Kx)t>6x>j>0<xxx5(:«>f>^x^><^>^i<<^^^j>fx:^^^>^xxx^^^>^x^x^x^xxxxxxxxx^^^ 

608 WEST SUPERIOR STREET • FORT WAYNE, INDIANA 46802 • • 


xxxxxxxxxxxxxxxxxxxxxxxxxxxxxx 


January 17, 1977 

Grinsfelder-McArdle, Inc. 

903 Berry Street 
Fort Wayne, Indiana 468C^ 

Attn: Mr. Richard Wismer 

Re: Gas to Dishwasher 

Senior Citiaen Center 

Gentlemen: 

Pursuant to our telephone conversation this date, we are pleased 
to provide a breakdown of our quotation of 1-20-77 Por furnishing 
the Bjaterial and performing the labor necessary to cut the 
existing gas line above the ceiling in the kitchen area, install 
a tee and extend a runout above the ceiling to above the dishwasher 
location and down the wall exposed and there connect to the booster 
heater on the dishwasher as follows. 

The cock, flexible connector, pipe, ells, nipples, unions, 

hangers, etc. -$43.01 

Labor, including supervision, preparation, installation, etc. 172. 
Total ------I215T05 

Our quotation of 1-20-77 was $215.00 " 

If there are any additional questions please advise. 













DRAWN BY ' ^"[s'caLe” 


















3s:^S- 


T I7l£ OF O'-jlI' SPECIAL ORDINANCE CHA NGE ORDER NO. 7 FOR PEARSON, INC. ON SENIOR CITIZENS 

DEPARTFBir REnOESTIMG ORDUlAl'ICE board of public wdrks . . . _ 

yy,a:i~~ol 

SYi'lOPSIS OF ORni'-'A-lCF change order no. i for pearson, inc. on senior citizens center in 

AMDUNT OF $215.00 PROVIDES FOR MATERIALS AND LABOR TO FURNlSfl'AND INSTALL A 1/2" GAS LINE 
FROM EXISTING 3/4" GAS LINE TO THE DISffi^HER IN TEIE MULTI-PI^POSE SERVING ROOM. (THIS 
DISHWASHER WAS DONATED BY IHE FORT WAYNE CQyiMUNITY SCHOOLS & CONTAINS A GAS FIRED TYPE 
WATER HEATER WHICH REGULATES THE WATER TEMPERAHJRE.) THIS BRINGS TOTAL CONTRACT PRICE 

INCLUDING THIS CHANGE ORDER TO $162,559.85. 


EFFECT OF PASSAGE ^ility to use dishwasher. 


EFFECT OF MON-PASSAGE not able to use dishwasher. 


FO'lEY IMVOLVED (Direct costS/ Expenditures, Savi'ngs) cost 

SHARING FUNDS ENCUMBERED IN AMOUNT OF $215.00. 


ID CITY FROM 


1976 REVENUI 


ftSSirilED TO CQ'fllTnEE 


ep 







































